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Message Text 


UNCLASSIFIED 

PAGE 01 BANGKO 08728 300724Z 
12 

ACTION FBO-01 

INFO OCT-01 EA-07 ISO-OO A-01 /010W 

082180 

R 300644Z MAY 74 
FM AMEMBASSY BANGKOK 
TO SECSTATE WASHDC 3695 

UNCLAS BANGKOK 8728 

E.O. 11652: N/A 
TAGS: ABLD, TH 

SUB J : OBX MACHINE ROOMS SETTLEMENT, 

PROPERTY NO. 01316A 

REF : BANGKOK OM MAR 30, 74. 

FOR A/FBO FROM LORA. 

1. EMBASSY MOST CONCERNED WITH PRESENT CONDITION OF MACHINE 
ROOMS AND ELECTRICAL MECHANICAL INSTALLATIONS THEREIN. SETTLEMENT 
STILL CONTINUING NECESSITATING (A) DEMOLITION OF CONCRETE 

SLAB AND WALLS AROUND ELECTRICAL CONDUITS, FUEL OIL LINES AND 
A/C CHILLED WATER PIPES, AND (B) FREQUENT ADJUSTMENTS OF PIPE 
HANGERS. 

2. DEPT REQUESTED TO IMMEDIATELY AUTHORIZE PACIFIC ARCHITECTS 
& ENGINEERS (THAILAND) CO. TO PROCEED WITH A&E DESIGN DRAWINGS, 
SPECIFICATIONS AND COST ESTIMATES FOR A NEW AND SEPARATE 
BUILDING, APPROX. 12 FT. WEST OF OBX BUILDIG FOR MACHINERIES 
AND CONVERSION OF EXISTING MACHINE ROOM INTO OFFICE SPACE IN 
ACCORDANCE WITH RECOMMENDATIONS STATED REF OM. 

3. TOTAL A&E FEE INVOLVED IS $5,185.00. COMPLETION TIME 90 DAYS. 

4. PLEASE ADVISE SOONEST. 

MASTERS 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 30 MAY 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974BANGKO08728 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7401 35-0971 
From: BANGKOK 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t1974059/aaaaahdi.tel 

Line Count: 51 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: BANGKOK OM MAR 30, 74. 

Review Action: RELEASED, APPROVED 
Review Authority: golinofr 
Review Comment: n/a 
Review Content Flags: 

Review Date: 06 NOV 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <06 NOV 2002 by MorefiRH>; APPROVED <06-Nov-2002 by golinofr> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: OBX MACHINE ROOMS SETTLEMENT, PROPERTY NO. 01316A 
TAGS: ABLD, TH 
To: STATE 
Type: TE 
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